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BILL NO. S-74-QS-05L 

SPECIAL ORDINANCE NO. S- 7^ 

AN ORDINANCE approving Change Order No. 2 
in connection with Street Resurfacing at 
Glencairn and Fairlawn Pass 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 to Wayne Asphalt to correct 
storm drainage problem at Glencairn and Fairlawn Pass in the total amount of 
$6,775.00, as set out in the specifications is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 



APPROVED AS TO FORM 
AND 



err, attorney 

















Read the first time in full and on motion by /jj_.7X0 ^ seconded by 

Z Z. . , and duly adopted, read the second time by title and referred 

to the Committee on_ ^na/ihCd, _(and-the-~G±ty Plan 

Commtssiun'for 

at-the--Connnil--Ghambe-rs5 Gity^Gaunty--Bai-ldin-g.-^rnirhJfayn&y - Trdj a m v - 0 r, ? 

the- d ay of . 




-o^cimelr^K'Hf^TSTT. 


Date 


; j 7 - / 3 - 7 K 



Read the third time in full and on motion by 


seconded by_ 


-Z 



CITY CLERK 

V— sf / 

/d^n. 


A 


_ s and duly adopted, placed on its passage. 


Passed (ISSE 1 ) by the following votes 
AYES _« FAYS 

BI3RFS 


HIFGA 
KRAUS 
MOSES 
MJCKOLS 
SCHMIDT, D. 
SCHMIDT, V, 
STIER 
TALARICO 
DATEs 



ABSTAINED 


ABSENT 




J 7 ' 7? 7 " 


to-wit s 



CITY CLERIC 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (-Zoning Map) (General*) -(-Annexation) (Special) (Appropriation) Ordinance 


(Resolution) No. yy~ j 7 7~ 77 


on 



■the „77 jh6. day of c'L:. a i'' 19?/ . 

(SEAL) 1 n * 




Presented by me to the Mayor of the City of Fort ¥ayn"e* Indian!,’ on the 
day of___—_—Z2d—i—___, 197 / - .^^.tM^Hpnfl of y/ o'clock 


PRES IB INC- OFFICER" 


A M ..E.S.T. 


5 !i " ^ rof ~ 



CITY CLERK 


Approved and signed by me this 
at the hour of *-/ Addo 1 clock 


ay of 


f. M..E.S. 


7 


197 





























































































£' 1 ^' ' v< 


approving Change Order No. 2 in connection with Street Resurfacing at Glencairn 
and Fair!awn Pass. 



DAT ? Vf CHARLES W. WESTERMAN, CITY CLERK 






















































Cnr/vic- u ri.ijz.rt i\u . 

y 


Subject for Change: 

Correct Storm Drainage 
Cut Back Radius 
Replace Sunken Curb 


Dat e Jul V 19 > 1974 

PROJECT 1973 Resurfacing Program 

J-CCAi IO N monrai'i-n R Fairlawn Pass 

RSS. XO. 5638-1973_ 


Quan. 

| Unit 

Description - Material 

( 

Unit Price 

I T o ta 1 

1 1 

i i 

each 

j 

j 48" Manhole w/pit w/casting 

785.00 

785.00 J 

! 200 

LF 

12" RCP IV w/gasket 

13.50 

2700.00 | 

■ 1 

each 

30" std inlet w/casting 

425.00 

425.00 | 

i 

70 

sq.’yd. 

new sod 

5.00 

# 

350.00 i 

t 

) 

i 33 

cu. yd. 

Bank Run Gravel 

10.00 

t 

330.00 1 

i 1 

j 40 

cu. yd. 

#73 Stone 

12.50 

» 

500.00 j 

100 

LF 

. 

Curb & Gutter Removal 

2.75 

275.00 

• 

; ioo 

LF 

New Roll. Crub & Gutter 

5.50 

i 

550.00 i 

j 20 

sq. yd. 

Concrete Drive Removal 

7.50 

150.00 ; 

.—... f 

1 

• 180 

sq. ft. 

New 6" Concrete Drive 

2.00 

360.00 j 

; 4 

cu. yd. • 

Common excavation 

25.00 

100.00 | 

J 12.10 

ton 

Asphalt to patch trench 

25.00 

1 

250.00 | 

1 1 

1 

TOTAL 


i 

$6775.00 I 

l 

i 

1 

i_i. 



1 

i 


Recommended By- 



Appr 


oved By: 




City Engineer 


Contractor » Wayne Asphalt 



APPROVED 3Y: . BOARD 0? PUBLIC WORKS 





































































DIGEST SHEET 


Admn. Appr. 






TITLE OF ORDINANCE: Change Order No. 2 on Street Resurfacing Res. 5638 _ 

DEPARTMENT REQUESTING ORDINANCE: Board of Public Works __ 

SYNOPSIS OF ORDINANCE: Change Order No. 2 ° n Street Resurfacing Resolution 5638 
provides for correction of a storm drainage problem at Glencairn & Fairlawn Pass. 

This was done at the reouest of the property owners. 

Change Order is in amount of- $6,775.00;- 


EFFECT OF PASSAGE: _ Correction of problem. 


EFFECT OF NON-PASSAGE: _ Unhappy citizenry. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings): 
$6,775.00 cost to City. 


ASSIGNED TO COMMITTEE (J.N.): 



EIS/ss 

































